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Omce MernoranMrn VTmTh states government 

Jj i -I taK-a 


TO 

FROM 


fOhief of Logistics 

J3hief , Meal Estate and Conatruction Dlvlaien 


DATE: 


. 17 SeptejnljeTr 1953 


SUBJECT, Vteekly Acttvity tegrt 

11 September 1953 to aa^e* 


1* Generali- 

a.. Of A«ency_Re gulat3m=- 


a* 


Remaining regulations , 4.o„.kAU 
issued.) - No change - 10 Sep^emoer. 



ive been 


25X1 A 


25X1 A6b 


25X1 A6a 


2. P^niects and ct.„rtiea in Froces^- 
a, Onnstmction & U tilities;- 

(1) Project ^^CCotmo) (Continued Item)-. 

(a) Sauer Systems Sevlsions;- No change - 10 Sept. 

o w No change - 3 Septo 25X1 A6a 

(b) 

Fro j 
project 

^«:Si^’™nSt-1^--rfleLaL pending. 


STATS PEC 


25X1 A6a 

25X1 A6a 



(a) Building construction contract;- Progress 
continues. 

(b) Antenna and power line contract;- Progress 
continues. 

(c) Oonstructicn of perimeter fence.- No change - 
10 Sept. 

(4) Project Training;- (Continued item) No 

change - 10 Sept. 

(5) Project * Supply Base:- (Continued itm) 
Ito change - 2 July. 
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25X1 C4e 


(b) Amendment in the amount of $43,900:- 
Returned by contractor for modification* 
Modificatlonuas acceptable, approved by General 
Counsel and Incorporated in amendment. Amend- 
ment was returned to contractor for execution, 
Ihis change pertains to owners waiver of restora- 
tion rights as included in original GSA lease. 

(c) Additional items in the amount of $145,100;- 
PRC approved the project with -Uie qualification 
that Commo requirements for extra doors, etc, 
(amoimting to $3>000) would be accomplished and 
the shed for the parlcing of motor vehicles would 
be reduced to the extent required to accomplish 
the additional requirements of Commo, 


( 12 ) 



(Continued item) 

(a) final cost figures under CPFF contract pendinj^ 
receipt from^^H 


Extension to power plant, Commo, (Gontinue(i 25X1 A6a 

item) Unofficial word received ft^nTommo Engineering 
Division re need for repair to power building due to 
earthquake daoiage* Division requested opportunity to 
review cable traffic as basis of its recommendation on 
procedure to repair damage. 
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!>* Real Estate 25X1 A6a 

(l) Use of four acres of land at 

(Coramo):- (Continued item - 13 August) No change* 
Follow-up made with D. C. Corporation Counsel. 

Final details pending clarification. 


STATS PEC 

25X1 A6a 


25X1A7b 


25X1 A6a 


25X1 A6a 



(3) 


Office space for contact division, 
GSA informed that action was being 
Final details to be forwarded. 





Furnishing of leased house at for REA: - 

(Continued item - 30 April) No change. 


25X1 A6a 


(^) Purchase of land for^^^^^^^^^l (Continued Item - 
6 ATigust) No change. 

(6) House for SR, - (Continued item - 23 25X1A6a 

No change. 


(7) 


Office space for Contact Office, 
(Continued item) 



( 8 ) 


Information received from the Field and moving of the 
Contact Office to Government-owned space was authorized. 
Final details to be clarified with GSA. 

25X1 A6a 


Rental Bates at 



(Continued item ) 


Negative ccmments received from the Field on proposed 
rental rates. Matter belxag given further consideration. 

( 9 ) Rental Rates at^^^^^|- (Continued item) 25X1 A6a 

Matter discussed 25X1 C4a 

suggested delaying adjustments of the rates until 
around 1 October 1953 inaamich as new ^^^^renttsl 25X1 C4a 
rates for the area would be in effect. 

( 10 ) Ma intenance and E lectrical Power for Microwave Station 

(Continued item - 10 September) 

No change. 
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25X1 C4a 


25X1 A6a 


25X1 A6a 


( 11 ) 


Fencing of two Agency-owned 
(Continiaed item) 


houses In 



25X1 A6a 


advises that the sum of $10,000 Is 

available from the construction fund for the two 
subject houses. Details on fencing '^aT^coiTof 
$1,800 will require some clarification from the Field. 


( 12 ) 


Purchase of House at|^^| - (Continued item - 
10 September) No change. 


(13) Maintenance Agreements for Microwave Relay Stations 
(Continued item) 


Specifications for the maintenance of s\ibject stations 
^ve been clarified and proposed methods of In^plementa- 

stations involved 

are 
be 



La 


Contracts will 

ocal firms as soon as possible. 


(l4) Purchase of Safehouse In^^^(FB);- (New item) 


25X1 A6£ 


Request received from the Field for purchase of 
Safehouse in the amount of $1,778. Matter discussed 
with FE and cable of approval will be coordinated with 
this Office. 25X1A6a 


(15) 


Office Space for Contact Office. 
Item) 



25X1 A6a 

25X1 A6a 


GSA requested t<^ssi^^pproximately 300 sq. ft. of 
office space in on or about 1 October 1953. 
Action ecx^pleted. 



25X1 A 

























